UNIT CONSTRUCTION  COSTS                                    1599
Account 8423.01—Wire Baffles.
(See account 8132.01, for description.)    This account covers the cost of the material below and the labor incident to its erection.
14,365 lb.    No. 10 steel wire baffles.....................      $670.34
8,500 lb.    f-in. steel chains, 2-in. links...................        430.91
Miscellaneous.........................................           0.70
$1,101.95 (See Figs. 94 and 95 )
Account 8423.1—Tile Work.
This is identical with 8123.1.
Account 8423.11—Unloading Tile.
This is identical with 8123.11.
Account 8424—Iron Doors and Frames.
This covers the cost of the cast-iron doors, etc., set in the tile work of the converter dust chamber. The labor represents hauling the same to the site. The labor of setting is included with the tile work.
5 cast-iron peep doors and frames, doors 4 ft. 6 in. by 2 ft. 6 in...... $158.93
Account 8428—Smoke Box Track.
This is a track back of the smoke boxes for the converters. The material is second hand, picked up from construction equipment. The account is of no value.
Conveying System
Account 8501—Excavation.
This covers excavation made at various times for piers and trenches for walls to support the conveying system structures. The ground was mostly red clay and boulders, sometimes sand and gravel. The excavating was done with pick and shovel and the material cast to the side of the cuts.
Account 8502—Foundation.
This account covers plain concrete cast in a great many piers, and reinforced concrete cast in a shape to make two long tunnels through which conveyors 11 and Wrisefrorn below conveyors 101 and 102 located under the bunker bins. The tunnels are 6 ft. by 6 ft. with 12-in. walls, reinforced with ^-in. and J-in. rods, spaced 6 in. About 80 per cent, of the vertical surfaces was formed. All concrete was machine mixed in different proportions and transported variously to the many different situations.er cent, of whose vertical surface was formed. It was mixed in a machine, in the proportions of 7 Hand and gravel to 1 cement, transported by cars and wheelbarrows 200 ft. The pier tops were finished to a perfect elevation to receive structural steel columns.
